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~ ENGINEERING STUDY 


Lockheed Aircraft Corp. CHANGE PROPOSAL (xz 


PART OR LOWEST SUBASSEMBLY PART NO. & MODEL OR TYPE 
aaa System III Installation ae 
TI O) PROPOSAL - 
Additional System III Installation Kits Lo | 


STATINTL| NATURE OF PROPOSAL: 


STATINT 
Provide two additional installation kits for the RW System III 
identical to those provided under Contract SP-1918 
pproval No. ted 16 January 1959, 
S8ee page 2 for alternate cost estimates, 
STATINTI 


REASON FOR PROPOSAL : 


{ 
ed | 
ESTIMATED COST AND TIME INVOLVED : a= | 
ADDITIONAL FUNDING REQUIRED! <o | 
C ESTIMATED COST FOR KITS OR PARTS: See breakdown on page 2. 1 
ADDITIONAL FUNDING REQUIRED : None (SP-1918) 
ITEMS AFFECTED BY PROPOSAL : 
MISSION PERFORM OPERATING. INTER- WEIGHT OR MAINTE- SERVICE FLIGHT 
FFEC- ANCE CHANGE- WEIGHT & NANCE LIFE MANUAL 
TIVENESS ABILITY BALANCE PROCEDURE 
SOURCE OF PARTS FOR KIT AVAILABILITY __3 WEEKS AFTER APPROVAL 
LAC STATINT 
DISPOSITION OF SPARES AFFECTED — 
bd - None 
INITIATED BY : ‘ APPROVED : WSPO 
WSPO cot 


p ved-Fer-Retes 802/06 ~GIA-RBPPS4B60876R660660010192-8-—; 
SPE-TA ae PAGEL OF 2 


STATINTL 


¥ 


r 


COST ESTIMATES: 


this installation, as follows: 


I. 


IIT. 


LAC to fabricate Kits and ship to Del Rio for 


4nstallation by Air Force personnel, 


Two Kits at $1,600 
(add packaging & shipping only) 


ins on 0 ] LAC, 


Kit Price (See I) $3, 200,00 
Installation & ship 

handling 3,000.00 
Total 


Send a team of LAC personnel to Del Rio 
to make installation, P 


Kit Price (See I) $3,200.00 
Installation team to 

Del Rio (includ 

per diem & trans. 750,00 


Total 
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LAC@35 
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There are three alternate possibilities for accomplishing 


200,00 


Any’ of the foregoing alternates to be charged to 8P-1918. 


System III equipment not included in this estimate. 


, 
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